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John Connolly 
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D. Crowe & Sons - 
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Jno. Ilanly . 
M‘Namara & Son - 
Maclean & Duggan 
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- 4,950 
4,999. 1. 3. 



16 months. 
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16 ., 

18 (, 

IS (, 



(No. S2&57/50.) 

COTT Letter ft-om Mr. mm^ to the Poor L„ Commiseiotter. ■ 
dated I6th September 1850. 
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begin them at the whiter months. Since it appears that they cannot go on at 
the present time, I would advise that the contractor is informed that it is 
desirable he should make every preparation during the winter for the speedy 
execution of the building, as soon as the -building season of next year admits. 



(No. 53,0S91S°-) 

Copy Letter from the Architect’s Assistant to the Commissioners ; 
dated 19th September 1850. 

In reference to your letter of the 18th September, relative to the period for 
the completion of the works that should be stated in the contract for the 
erection of the Tulla Union Workhouse, I beg to recommend that Id months 
(as mentioned in the report on the tenders) from the date of the contract be 
the time to be named therein. 



— No. 4. — 

(No. 6 o;3h/5o.) 

Extract from Guardians’ Minutes, of 28th October 1850. 

The Board determine that they would make every exertion t0‘ provide in- 
door accommodation, so as to guard against the necessity of giving out-door 
relief ; and as this important object requires that no time should be lost in 
erecting the new workhouse, they would press upon the Commissioners the 
expediency of accelei-ating the building thereof; but they would prefer a site 
for it in immediate connexion with the buildings now at Garuragh, to a site, 
distant from them, as our outlay on those premises has been very considerable, 
and they would be saved expense in the staff necessary for the two establish- 
ments. 

The following resolution was proposed by H. Spaight, Esq., and seconded by 
.7. Singleton, Esq., and, on a poll, was approved by a majority of the Board. 

Resolved — That in consequence of the determination of this Board not to 
recur to the unions’ system of out-door relief, we cull upon the Commissioners 
to expedite as much as possible the building of the parent woi’khouse at 
Garuragh, as, all circumstances taken into consideration, that step seems most 
desirable. 

(signed) H. 82)aight. 



— No. 5. — 

(No. 60,51 1/50.) 

Copy Letter from the .Poor Law Commissioners to the Clerk of Tulla Union ; 
dated 8th November 1850. 

I AM directed by the Commissioners for Administering the Laws for Relief 
of the Poor in Ireland to acknowledge the receipt of minutes of proceedings 
of the Board of Guardians of Tulla Union, on the 28th ultimo, containing a 
report from the chairman on the subject of in-door accommodation, and sug- 
gesting certain alterations in the premises at Garuragh, and that the permanent 
workhouse should be built on land adjoining that workhouse, and in reference 
thereto, I am to state that the Commissioners see no objection to the proposed 
additions to the workhouse at Garui'agh ; and in regard to the proposal again 
to change the site of the workhouse, they will communicate with the guardians 
again. 

It is right, however, to observe, that the negotiation for the site approved of 
by the guardians in August last has, after some difficulty, been closed, and the 
deed of conveyance is now in course of preparation. 
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TAT . — No. 6. — 

[No. 64,328/50.) 

Copy Extract from Guardians’ Minutes, of I8tll November 1850. 
home .pin.w'y “ Commissioners to have the new poor- 

lemrorX\oTrh[te“^^^ G™sh now occupied' as a 



(No. 64,328/50.) 

Cory Lettee from the Poor Law Commissioners to the Clerk of 
Telia Union ; dated 23d November 1850. 

IrXrdw”l!t??T ”f tht^roorin 

Ireland hare had under their consideration the resolntion contained in minutes 
of proceedmgs of the Board of Guardians of Tulla Union, on theTsth tostant 
again requesting the Commissioners to have the new workhouse built on land 
adjoimng the house at Garuragh, which is now ocenpied as a temporary work' 
!h,t ti ™ ™ reference thereto, I am directed by the Commissioners to state 
"rrsmgrments for the erection of the workhouse on the site already 
selected on the recommendation ot the Board of Guardians, are now too fc- 

^™pobahlo'’b™^ “ ®° ■=™“‘>'™We ineonvenienco 



„ — No. 8.— 

No. 67,358/50.) 

Copy Letter from Mr. mUi„so« to the Poor Law Commissioners- 
dated 5tli December 1850. 

a nnn7* 2d instant, I beg to recommend that a loan of 

[urchasroUite ’ Workhouse and 



(No. 67,358/50.) 



— No. 9. — 
Tulla Union. 



Copy Order to Raise or Borrow Money. 

To the Guardians of the Poor of the Tulla Union, and to all other 
Persons whom it may concern. 



„ It appears to us, the Commissioners for Administering the Laws for 

Rehef of the Poor m Ireland, to be expedient for the due execution of the 
provisions of the Acts for the Relief of the Destitute Poor in Ireland, that a 
workhouse should be provided within the union of Tulla, for the reception 
employment, classifieation, and relief of destitute poor persons therchi ■ 

And whereas we have determined to build such workhouse accoiihm to 
certain plans approved by us : ” 

And whereas it has been estimated that the cost of erecting the said work- 
house according to the plans aforesaid, together with the sum required for the 
purchase of certain land as a site for the said workhouse, will amount to the 
sum of 6,000/. sterling, or thereabouts ; 

Now know ye, that in pursuance of the powers given to us by the said Acts, 
and for the purpose of enabling us to complete the purchase of, and to pay for 
the said land, and to defray the expense of building the said workhouse, we do 
hereby order and direct the guardians of the poor of the said union to assess, 
raise, and levy the said sum of 6,000 /. sterling, as a poor-rate, on the rateable 
“95- A 2 hereditaments 
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hereditaments in or ai-ising within the said union, or to borrow the said sum 
according to the provisions of the said Acts, and to charge the same, together 
with all interest that may accrue thereon, on the future poor rates of the said 
union; and we do hereby authorise the said guardians to borrow the said 
sum, and to charge the said rates accordingly. 

And we do further order and direct the said guardians, out of the poor rates 
and at the common charge of the several electoral divisions of the said union, 
at all times to uphold and maintain the said workhouse in good and sub- 
stantial repair. 



Sealed with our seal, this 9th day of December, in the year of our 
Lord 1850. 



(signed) A. Power. 

(countersigned) W. Stanley, Secretary. 



— No. 10. — 

(No. 3,935/51-) 

Cony Letter from Clerk of Union to the Poor Law Commissioners ; 
dated 21st January 1851. 

With reference to your letter of the 4th January, No. 72,208/50 I hes to 
inform you that I have forwarded to Messrs. Barnes, Winter & Berxiard soli- 
citors to the Public Works Loan Board, the deed of charge, duly executed 
securing the loan of 6,000/. on the rates of the union, for the purpose of 
building a workhouse, &c, &c. ^ ^ 



— No. ]]. — 

(No. 4.130/51-) 

Copy Report from Mr Wilkimon to the Poor Law' Commissioners ; 
dated 22d January 1851. 

! BEG to recommend the appointment of Mr. .Tolin Fitzgerald as clerk of 
norks, to superintend the erection of the Tiilla Union Workhoiiso, at a salary of 
two guineas per week, to commence from the period of the contractor’s opera- 
tioris on the site of the intended building. 



(^0.5,373/51.) 

CoBY Repokt from Mr. Wilkhison to the Commissioners ; 
dated 29th January 1851. 

■it/ workhouse can now be proceeded with on the 

work c or "f 'I; >0 practicable to ascertain the period when the 

work can be commenced. The contractor and clerk of works require to be 
(.orami.imcated w'lth, if convenient. 



,,r ~~ J-'O. 13. — 

(No. 5,231/51.) 

Exteact from Guardians' Minutes ; dated 27th January ISiil 
who are now pressing upon the Board for admission to the ™rkh„te.’’’'“"‘’“ 
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(No. 5,0.11/51.) - 

Copy Lptypk from tho Commi.sionei. to the Boord of Guotdiant . 
aated 1st J'ebruaiy 1851. 

Latte foe Relief 

the Board of Guardians nf Tnlln receipt of minutes of proceedings of 

lution calHm unonT. Umon, on the 27th ultimo, containing a Lo- 

the buildiiiE' of Hu> » oininissioncrs to order the contractor to commence 

obtained of the land. ^ commenced jis soon as possession can be 

'“VO written twice to the agent of the property on tho 



/Ttr l\0. 15. 

(No. 15.297/51.) 

Extract from Guardians’ Minutes ; dated 17th March 1861. 

th.a*t*has'l'aken nhm7' "“'iihon of the Commissioners to the delay 

ami ,0 c ; pL'miiiiig possession of the site for the new huildlnv 

and as so many difficulties present themselves in regard to the piece of around’ 

he choseim'and'le*''sl'*'^^d'*'^* 'f *** Loiumissioners that another site should 
ra,.,7r 1 ’ iji Lould prefer one immediately aclioiuino. tlie house at 
which the B“oid woum“, f Captain O’Callaghan himself, and 

is needless foi iheT'^/f^ i " '' ‘‘“I been previously selected. It 

buildintbeilve“e?wt^^^^^^ “> ““ *>- 



(No. 23,870/51.) 



— No. 16. — 
Tulua. Union. 



Copy Lettdr from the Board of Guardians to the Commissioners ■ 
dated Tulla, 25 th April 1851 . 

I AM directeel by the chairman of the above union to inform you, that he 
has settled with Mr. Knright (agent to Captain O’Callaghan, whoil ho met on 
the -‘and) as to a site for the new workhouse, instead of the one origiiiallv fixed 
on; Mr. Lnright requires 6s. per Irish acre more for the land now fixed on 
and at the same number of years purchase on the entire price as agreed upon 
for the other site. At the same time Mr. Enright stated that his consent must 
be subject to the approval of Mr. McGrath, and he doubted not but that if they 
both agreed, immediate possession would be given, as the land is in the posses- 
sion of Captain 0 Callaghan. ' 

The chairman recommends an immediate communication to he made to Mr 
McGrath, through Messrs. Gealc & Dwyer. 

The site above alluded to (should you have a map of the premises) is bounded 
on the south by the road from Tulla to Garuragh Cross, on the east by the road 
from the Cross to Garuragh House, on the west by the lake, and on the north by 
a row of trees running parallel to the southern boundary wall of the garden 



— No. 17. — 

(No. 23,870/51.) 

Copy Letter from the Commissioners to the Board of Guardians ; 
dated 26tli April 1851. 

I AM directed by the Commissioners for Administering the Laws for Relief of 
the Poor in Ireland to acknowledge the receipt of your letter, dated the 25th 
3 instant, 
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instant, in which you state that the Cihairraan of the Board of Guardians of 
Tulla Union has settled with Mr. Enright, agent to Captain O’CaUaghan, as to 
a site for the workhouse, instead of that originally fixed ; and in reference, 
thereto, I am directed hy the Commissioners to state that they believe the 
arrangements are now too fai’ advanced to admit of a change of site ; and the 
Commissioners understand from their solicitors, that possession is now likely to 
he obtained of the site already fixed on witljout delay. 



— No. 18. — 

(No. -25, ■29515^-) 

Copy Mixutes of the Guardians’ Proceedings on the 1st May 18.ol. 

The Boai'd assembled at three o’clock, p.m., pursuant to adjournment, to 
receh’e Mr. Briscoe and the Rev. Mr. Quinlivan, with his two nephews. Mr. 
Briscoe brought with him the deed by which the other parties were to renounce 
all claims to the land, and to the possession of the ground selected for the site 
of the new workhouse, as far as lay in the occupation of the two nephews. 
After a good deal of reluctance shown by one of the parties, the deed was at 
length signed, and each of them received five pounds as the consideration 
money. The two younger Quinlivans subsequently gave the possession to Mr. 
Bidscoe in presence of the chairman and clerk of the union, 

A man in possession of another (though a small) part of the ground, inti- 
mated to the ebuinnan that he considered himself entitled to compensation if 
called upon to resign his holding. 

The Commissioners will therefore be pleased to require that Captain O’CaU 
laghan’s agent should come to the spot, and see that possession is given of the 
other portion of ground not heretofore in the occupation of the Gluinlivans. 



— No. 19. — 

(No. 42,586/51.) 

Extract from. Guardians’ Minutes ; dated 28th July 1851. 

It having been represented to this Board, by a person on whom we can 
place reliance, that the works now in progress at the permanent workhouse at 
Tulla are carried on in an im workmanlike manner; that the stones are very 
had, the mortar deficient in lime, the quoins overhanging, and the founda- 
tions hnperfect, we request that the Commissioners will direct their archi- 
tect to inspect the building immediately ; and the guardians, haring visited the 
building since writing the above, are of opinion that the report is true in every 
particular. 



Copy of Mr. fi-'Ukinson’s Observations ; dated 4th August 1851. 
Works will be inspected this day. 



— No. 20. 

(No. 47,767/51.) 

Extract from Guardians’ Minutes ; dated 25th August 1851 . 

The Board have to express their surpiise that the Commissioners have not 
made any observations to them in reference to their complaints made on the 
28th July last, about the works in progress at the 'new workhouse, and that 
no check has been put upon the contractor in respect of it. 
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(No. 47.767/51.) 



' No. 21 . ~ 



Copic Letieb from the Commissioners to the Gtiardiaos • 
dated 30th August 1851. 

'7 Commissioners for Administering the Laws for Relief 
of the Bmid” Mond to acknovrlcdge the receipt of mfmites of proceedings 

architect resolutions on this subject have been referred to the 



/M — iNO. 22. 

(No. 47,767/51.) 

Cory Mr. WUkinson’% Observations • 



dated ytk September 1851. 



guarXns- statement 7° <l“™tion since the 

fn”thete hate been f The works have been carefully examined, 

the tvork ThePt .r" ™ *<= too hasty Execution of 

the clerk of works bav' Podding is to have the foundations reconstructed, 

of tiPalW , f P™P“- oonstruction of^ par? 

I • U 1 ® , , building, Ihe clerk of ■works eroDloved is a nimlT nf n 

1- t:rsSl;i) 

been taken of log'H'd to the guardians' statement, tlmt no notice has 

nlahe l of war ? eommumcation, I can only state that the matters coni- 
S I Lw To” ™'* '“'cfully examined into. The pern 

clnhints of tw ^ onginatcd the complaints was a discharged workman ; and 
complaints of this kind often arise from a viiidicnve feeling. 

Shimirl “ ell oirourastances, 1 think it advisable that the clerk of works 

to Mla^ tMs some other building, and another clerk of works lie sent 

d cap effeoteP*" ’ Commissioners so soon as 



/At o , ~ No-. 23. — 

(No, 47,76-/51.) 

Copy Rbpobt from Arohitect’s Assistant to the Commissioners ; 
dated 28 th August 1861. 

In accordance with your instructions I insnorteH flip Tniio 1 1 

building uad with rcfe/cnoe to the fouodaLZa 5 “hioh P iredT Pi 

places) Inavc to state that offsets have been omifed to sonTSom "f t he 
walls, they are, however, generally of a suiEeient . epth, and eZiiTun from 
the pavel (overlaying the reek), and in some plncts from the rork I do not 
hmk It IS absolute y necessary to reconstruct the foundations, but at the same 
time 1 C O not consider that they are veiy good, and as they a -e no n aeoorf 
anoe with he specifieatton and drnwii,g.s, I think it is a matter for eonsTra hm 
whether al he foundations of the front range should not be take up a 
reconstructed m accordance with the drawings^ &c. ; there can be no do, At 1. 
th^ tlie building will be much more secure if this be done 

One of the quoins of centre range is alittle round (I could not ascerUaiii satis 
faetorily ihat it overhung anything), and appears to me to have been so Tk 
In some of the mortar joints there are slight cracks or threads, which 1 anribiitc 
to the very hne description of sand used for the mortar and the qiauitity of 
mortar obliged to be used, and also the rapidity with which die walls werelmt 
up, considering the nature of the materials, “ 

From former reports you are aware, of the n.ature of the materials, which are 
not at all fayourahle ; the rubble stone being very rough and of irregular form 
anu the contractors were, I believe, prevented bv the Court of Chancerv from 
A 4 ■ using 
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using the quarry first opened, and considered better than the present one for 
making finer work, but as the walls are built to be plaster-dashed, the rough 
look of the surface will be of no consequence hereafter. Since I first visited the 
building there has been some improvement in many of the works which were 
then pointed out ; the timber in roofing girders, frames, &e. is of good qualitv 
and the workmanship fairly done. There is still more attention required to tlic 
masonry (from the unfavourable nature of the stone) and what now remains to 
be done should not be built so rapidly. As a better description of sand can now 
be got in some of the rivers, I think you should insist on the contractors iiro- 
vidmg it for all the masonry that now remains to be done (including the yard 
walls), and further plaster-dashing which he has now commenced, and also tliat 
a larger supply of rubble stone should be always at the w'orks. 



(No. 47;7<37/51-) 

Copy Lei’teh from the Commissioners to the Guardians ; dated 
lyth September 1851. 

With reference to the resolution contained in minutes of proceedina-s of tlu' 
Board of Guardians of Tnlla Union, on the 25th ultimo, relative to the com- 
plaint made by the Board, in their Resolution of the 28th .Tuly last as to the 
vyorks now m progress at the new workhouse, I am directed by the Commis-' 
smuers for Adinmistenng the Laws for Relief of the Poor in Ireland to state 
that they have been m oommunication with their architect on the subieot, and 
they are informed by him that since the first complaint of the guardians was 
made, two surveys have been made of the works, and the front range of build- 
ing ts to have the foundations reconstructed. 



,, — No. 25.— 

I^No. 50,518/51.) 

Extract from Guardians' Minutes; dated 8th September 1851. 

' bv Board that an insult had been offered 

b) Mr. ntzgerald the clerk of works at the new workhouse, at present in 
the employment of the Commissioners, to Mr. Watson, a guardian of this union 
for expressions used by him at tliis Board, in referenee to the works umirMr' 
Pitzgeiald s inspection, this Board feel that an insult to a member of this Bmrd 
,s an insult to the whole body; and they request that thrc^omintws wi 
make incimry into the, circumstances, and act as they may think advisable.' 



- iNO. iib. 



iNo. 50,518/51.) 

Copt Mr. /mirnon’s Observations; dated 1 1th September 1851 

‘ com^issioi^x;!"^ 



(No. 51,(590/5].} 10.27. 

Extract from Guardians' Minutes ; dated isth September 185! 

relaSve toTe Irfa ^owl’n u““’ No. 47 , 77 / 56 , 

under the impression that tlie? 7 frf A* “u 7 ™''’*°“se, the Board are 

ulIndedtoi/tlieComSL™ . -f- 

u-h.eh may form a subject for future invkfiXi. 
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— No. 28.— 

<No. Si.fego/o'.) 

Copy of a Lktter from the Commissioners to the Clerk • 
dated 20th September 1851 . 

TreRoO Administering the Laws for Relief of the Poor in 

Ireland have had before them minutes of proceedings of the Board of Guar 
dians of U ulla Union, on the 15 th instant, in whieh it is stated that the Board 
are under the impression that there is a considerable portion of the works now 
111 progress at the new workhouse which is in an imperfect state- and in 
JiW “'’ll* ^ “S by die Commissioners to state, that thev 

obsene that no specific portion of the work is pointed out, to which theV 
could direct the particular attention of their architect. If a more detailed 
Mr TOkinsoin conmunicate further with 

„ — N0.29. — 

(No. 53,004/51.) 

Extract from Guardians' Minutes ; dated 22 d September 1851. 

In relation to the letter of the Commissioners, No. 51 , 690 , the Board refer 
to their minutes of the 28 th July last, in which the particulars objected to 
were pointed out. In addition to the objections then made, the Board 
complained that they received no intimation of the mission of persons sent 
from the architect s department in Dublin, and consequently had no onnoi- 
tunity of attending to witness the inspection, or to point out the defects of 
the building ; they object, further, that the inspecting architect /Mr. Fitz. 
geralcl) permitted the walls to be plastered over before the mason-work had 
been inspected, whereby the means of proving the badness of the masonrv of 
the stones, and of the mortar, was rendered difficult; the circumstances of 
the external plastering of the walls having been done before the building had 
neen slated is so unusual, as to prove it having been done for a purpose • the 
guardians have also a suspicion that timber, which had been rejected bv' Mr 
bitzgcrald, 1ms been surreptitiously worked into the building, and painted over 
to prevent detection. 



— No. 30 .— 

(No. 53,004/51.) 

Copy of the Commissioners’ Letter to the Guardians ; 
dated 4 th October 1851 . 

With reference to the resolution contained in minutes of pi-oceedings of 
the Board of Guardians of Tulla Union, on the 22d ultimo, relative to^^he 
defects in the new workhouse in course of erection, I am directed by the Com- 
missioners for Administering the Laws for Relief of the Poor in Ireland to 
state that they have drawn the attention of their architect to the subject. 



— No. 31 .— 

(No. 51,692/51.) 

Copy Letter from the Commissioners to the Clerk; 
dated 23 d September 1851 , 

With reference to the resolution contained in minutes of proceedings of 
the Board of Guardians of Tulla Union, on the 8th instant, relatino- to the 
conduct of Mr. Pitzgerald, the clerk of works employed at the new workhouse, 
I am directed by the Commissioners for Administering the Laws for Belief of 
the Poor in Ireland to state, for the information of the Board of Guardians 
that they have communicated to their architect their oiiinion that Mr. Fitz- 
gerald’s services should be dispensed with; and Mr. Wilkinson has been 
requested to recommend another competent person for the office of clerk of 
works. 



295 ' 



B 



■ No. 32 , - 
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— No. 32.— 

(No. 56,185/5].) 

Copy of Report from Hr; JVilhmson, addressed to the Commissioners ; 
dated the 10th of October 1851. 

Gentlemen, 

I HAVE to acknowledge, the receipt of your communication of the 4th. 
instant, enclosing a copy of a resolution of the Board of' Guardians of the 
Tulla Union, with respect to the erection of the poorhouse. 

I have to state that the works have received very particular' attention, and 
that Mr. Sweeny, the clerk of works, is a person of much experience and trust- 
worthiness, and instructions have been given to him on several matters. The 
dashing, the execution of which the guardians complain of being done at this 
season, ought not to have been done, since the roof was not sufficiently 
advanced to admit of its being properly done, or without the risk of its being 
required to be done again hereafter, more or less, which the contractor will be 
required to do if necessary ; the contract did not allow of its execution later 
than September, and.' had the slating of roof been all finished the contractor 
would have been justified in doing it, but it would have been proper for him 
to have left it till the spring, since the roof and slating could not be finished 
till the month of October, when no dashing is allowed by the contract to be 
done. 

Tlie buildings that are dashed are the walls of dining- hall, and the two 
central buildings. 

The infirmary has not yet been dashed, and the w'alls of the front main 
buildings are only level with the ground. 

The walling is rough, the stones being of a very rough description, but the 
walls being dashed they were not required to be smooth-pointed, as the walls 
■of the houses of the adjoining unions, which latter are not plaster-dashed ; the 
walls of the adjoining poorhouses, owing to not being dashed, as is customaiT 
in the country,. were often complained of as being badly built, because they 
were here and there damp for a year or two after their execution, and hence 
the cause of the new poorhouses being dashed and plastered. 

The clerk of works, Mr. Sweeny, will always be ready to give close attention 
m any matters the guardians require him to look to. I was over the works on 
Friday last ; had I been aware of the wish of the guardians to sec me at the 
works 1 should have apprised them. 



— No. 33. — 

(No. 56,185/51.) 

Copy Lktter from the Poor Law Commissioners to the Clerk of Zm/Za- Union ; 
dated 20th October 1851. 

Adverting to the resolution contained in minutes of proceedings of the 
Board of Guardians of Tulla Union, on the 22d ultimo, relative to defects in the 
new workhouse in course of erection, I am directed by the Commissioners for 
Administering the Laws for Relief of the Poor in Ireland to state, for the infor- 
mation of the Board of Guardians, that they have received a report from their 
architect on the subject, in which he states that the works have received verv 
particular attention from_ Mr. Sweeny, the present clerk of works, and tliat 
instructions have been given to him on several matters connected with the 
building. 

With regard to the dashing of the walls, of the execution of wliich the 
guai-dians complain, Mr. Wilkiuson states it should not have been done, since 
the roof was not sufficiently advanced to allow of the work being properly 
executed, or without the risk of its being necessary to repeat the operation; 
wh ch, however, the contractor will be required to do, if necessary. Mr 
Wilkmson observes that the walling is rough, owing to the stones being -of a 
rough description ; but having been dashed, it is not necessary that they should 

be 
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NEW WORKHOUSE CONSTRUCTING AT TULLA. 

be smootli-poiiited, in like manner as in the workhouses of orlioto- 
which the walls have not been plaster-dashed. ^joining unions, u, 

The clerk of works will always be in readiness tn nine. a.- 

matters the guardians may require him to look to. ° “«™tion to any 



^\T /- s 

(No. 59,067/51.) 

Extiiact from Guardians’ Minutes ; dated 27th October 1851 . 
obs°L‘ftafrthiecZ' ‘f “■ we have to 

sssrnmms 

attention tn Mitn ,v„ai- ^ i t vve roimeiiy called the Commissioners 

4 ““«“="^-T»=4ncoessary. and^:- 



(No.59.,567/5..) l'O.O,0._ 

Copy Obsektations of Mr. Wilkimort; dated 1.5th Novembor 1851. 



There is no bakehouse building 
also a laundry provided in the plan, 
the guardians what will meet Mr. 
defects. 



in the plans; there is a washhouse and 
Ihe Commissioners have already informed 
Briscoe’s suggestions as to the alleged 



(No. 59„56>/5 i.) 

Copy Observations of Mr. Wilkinson ; dated 22d November 1851 



About oOO^. appears necessary on account of the site, and I doubt if the 
loan w'lll allow an additional building for a bakery being provided I ennld 
not now state that it will do so. 5 P“»iuLa. i could 



— No. 37. — 

(No. 59,567151.) 

Copy Lbttee from the Commissioners to the Board of Guardians . 
dated 27th November 1851. 

The Commissioners for Administering the Laws for Relief of the Poor in 
Ireland have had before them the resolution contained in minutes of nrocecd- 
ings of the Board of Guardians of Tulla Union, on the 27th ultimo relative to 
the workhouse now in course of erection ; and in reference thereto, lam directed 
by the Commissioners to stale, that they have drawn the attention of the architect 
to the resolution. 

A washhouse and laundry are provided for in the plan, hut no provision 
has been iiuade for a bakehouse, and the Commissioners are not certain that 
the loan, which has been obtained for providing the workhouse wiU be saffioiclt 
to allow ofan, additional, building for a bakery. 



295. 
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— No. 38. — 

(No. 60,986/51.) 

Extkact from Guardians’ Minutes ; dated 3d November 1851. 

The Board wish to be furnished with copies of the reports made by the in- 
specting architects sent down to examine the new workhouse now in course of 
erection, previous to the appointment of the present clerk of works. 



— No. 39. — 

(No, 60,986/51.) 

Copy Lettek from the Commissioners to the Board of Guardians ; 
dated 8th November 1851. 

The Commissioners for Administering the Laws for Relief of the Poor in 
Ireland have had before them the resolution of the Board of Guardians of Tulla 
Union on the 3d instant ; requesting to be furnished with copies of the reports 
made hy the inspecting architects sent down to examine the new workhouse 
now in course of erection, and in reference thereto, I am directed bv the Com- 
missioners to state that they cannot furnish copies of the correspondence which 
passes between their architect and Ins assistants on the subject of the works 
w'liich are in progress under his superintendence. Any particulars relating to 
the works now in progress which the guardians may consider defective will be 
referred to Mr. Wilkinson, if forwarded to the Commissioners for that purpose 



— No. 40. — 

(No. 10,496/52.) 

Extract from Guardians’ Minutes; dated 16th February 1852. 

We again direct the attention of the Commissioners to the necessity of 
erecting at the permanent workhouse two ovens and a drying closet also 
stables and boundary walls. 



(No. 10,496/52.) 

Copy Okservatioxs of Mr. JVilkinson, Architect, on foregoing Resolution ■ 
dated 1st March 1852, 
include provision for a boundaiy wall. 

in other have not thought it right to apply for a loan for a wall 

m othei unions. 1 he guardians want a bakehouse, drying-room and stables 
of Stf wiIl\e\vailabirfoi- 

tlJnlnl,”” ™ ’'/PI™’,”'' “*> it was considered possible to omit from 
the plans was omitted to keep the costas low as practicable. 



r- - , — No. 42. — 

k^'O. 10,490/52.) 

Copy Letter from the Commissioners to the Board of Guardians - 
dated 4th March 1852. ’ 
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— No. 43. — 

(No. 14,0,54/52.) 

Extracts from Guardians’ Mimitos; dated 1st March 1S52, 
Rbtkeeinh to our minutes of the loth February last, on the subiect of 
Ste furthl™^^^^^ workhouse, we beg to confirm those observations, and to 
state turthei, that on a conference with the present clerk of the works it 

the situations arc made should be plactl in 

oHiSn f T r" ® “leA "f the works has 

store oufn?Z“ "■ removing the laundry, also the fuel- 

raore^ersonsl e t a ’f 0““ ’’."'''““S®- "'e shall effect our insurance on 

l^he o-f 1 “ ^ te ms, and shall require more accommodation for work-rooms 
iwt?™ ’^™<=™''Wish to have the estimates before them of thme 

th?s* ims* ‘'>7 finally determined upon, and to know whether 
The R granted will cover the expense of evcrytlimg intended 

on to a J*'™ to the manna- in ihich the work 

up to a certain time, has been executed, as well as the materials used. 



The Board have determined to request of Sir Lucius O’Brien to annlv in Ms 
place in Pavliament, for copies of corresponrleace betwepn tVip Tniii j .£• 
Guardians and the Poor La^w Commissio'^ers and coplTofX^s^^ 
aiohitect and his assistants to the Commissioners, in reference to the new 
workhouse now m course of erection at Tulla, the Commissioners having 

refused the latter on the guardians’ application. haiing 



— ^0. 44. — 

(No. 14,054/52.) 

Copy Observations of Mr. Wilkinson ; dated lOtli Mai-ch 1859, 

I ATTENDED the Board of Guardians on the leth ultimo; I begged the 
favour of the^Board of Guardians, or any member thereof, accompanying me 
over tho building to inspect the works. I complained to them that a sfatement 

loScf “ “ '’4 f ■*'" I “ tolation of the 

contractor s, and idso insinuating that the assistant architect was not to be 
relied on, because m such a place as Tulla, where there is only one wretched 
public room to take shelter lu, the contractor and assistant architect were 
getting some refreshment m the same place on the occasion of the contractor 
going to Tulla to meet the assistant architect. This was denied bv the gum-- 
di.ans, but at last admitted by one of the guardians that he had heard it stated. 
Some complaint of work done under Mr. Fitzgerald’s superintendence (the first 
clerk of works) was made by one of the guardians ; the one, I believe that Mr 
4-itzgerald had a quarrel with. I asked the guardians to direct my attention 
to any part ; I heard it stated that there was originally some crack that white- 
wash had since covered ; but I could get no one to go to the building 



— No. 45. — 

(No. 16,768/52,) 

Copt Letter from Mr. Wmnsan, Architect, to the Commissioners; 
dated ] 1th March 1852. 

honour to acknowledge the receipt of resolutions of the Board 
ot Guardians of the Tulla Union, referred to me by your Board, with regard to 
certain proposed additions to the building, and also a resolution arising out of 
some complaint made at one period respecting the works at the poorhouse. 

I have to state, that on the 16 th ultimo, I attended a meeting of the guar- 
^ 95 - B 3 dians. 
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dians, ■when a desire was expressed to have some bakehouse buildings, and a 
building for a drying apparatus for clothes erected. I then stated that the 
loan was not intended, or estimated to accomplish more than the building was 
planned for, and tliat your Board endeavoured to limit the outlay for the build- 
ing as much as possible ; that if any balance of the estimate was found to be 
available, I tliought your Board would lie willing to apply it according to the 
guardians’ wishes for the above purpose, but it was not usual for a large building 
to be erected below an estimate so as to leave any important balance, but I 
believe that there wUl be found a balance in favour of the union after paying 
for the contract, extras in .fixtures, ironmongery, clerk of works, and site ; but 
this cannot yet be ascertained. 

With regard to the execution of the building, I begged the favour of the 
guardians accompanying me to inspect the wall, or to direct my attention to 
anything they might have to complain of. I could not succeed in prevailing 
on any one to accompany me, but was verbally informed that the guardians 
■R'ere satisfied vrith all that had been done of late, but, not what was done under 
the first clerk of works, Mr. Fitzgerald. It was alleged that there was some 
crack in a tvall, and something out of perpendicular, but I was unable to 
learn where, and -was told that whitewash had since hid the crack, and that the 
plaster-dashing had made the wall crack straight. 

I took the opportunity of complaining to the guardians that one of the 
county papers contained a statement as arising out of what some time since 
passed in the board-room, to the effect that I was a relation of the contractor, 
and also that an assistant architect who met the contractor by appointment 
according to instructions, tooJc refreshment at the same time in the same room 
with the contractor. In Tulla, one wretched little public room appears to be 
all the accommodation available for any one, and I complained that such unfair 
observations, which I had never met with from any other Board, should be 
made, and the thankless duty of-v\'orldng for a'Boarcl who would descend to 
such statements ; but it was denied by the guardians, though a Mr. Watson, 
with whom Mr. Fitzgerald had the quarrel, admitted that he bad heard it 
asserted in the board-room. 

The materials used in the Tulla poorliouse are very rough, the sand and stone 
being both of tbem more unfavourable for building operations than most other 
places, but I believe the building to be a good sound structure,, and that good 
value will be obtained ; and that the masonry first executed under Mr. Fitz- 
gerald differs very little, if any, on the whole, from that since done, and with 
which the guardians express themselves satisfied ; and I cannot therefore but 
believe, that the complaint made by the guardians, has ai-isenin a gi-eut measure 
from the ill-feeling, whether justly or otherwise, a.gainst Mr. Fitzgerald, arising 
out of his imprudence, and I have heard, as regards some of the guardians, out 
of some trading transactions with some of them before his employment at 
'Tulla, which circumstance I w'as not aware of, and only, knew Mr. Fitzgerald 
through the strong recommendation of Mr. Paine, of Limerick, a highly respect- 
able ai’chitect,. whose pupil be originally was. 
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